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; ss &3 JUL 1971 
MEMORANDUM FOR: Acting Director of Logistics 
THROUGH : Chief, Real Estate and Construction Division, OL 


SUBJECT 3 NCPC Review of Proposed Garage Project - Headquarters 


‘i. This memorandum ts for your information only. 


2. In accordance with a request by Mr. Ed Hromantk of NCPC, @ meeting was 
held on 21 July, 1400 hours, to discuss the project, particularly details conceraing 
the site and the economic/environmental statement which had been submitted 14 july 
with the diagrammatic design drawings. In attendance were: Ed Hromantk and Dave 
MacKinnon of NCPC Federal Planning Staff; George Hartman, the GSA project ce- 
ordinator, and TREC. (Sec Anachments A and & for NCPC member- 
ship and organization structure. ) : a. 


3. Additional data were given verbally reparding the boiler fuel and pollutant 
record, sewage system description, solid waste disposal methods, and the salary 
range end commuting time for 13 employees affected by the project. No hard copy 
Was requested or submitted, 


4. Discussion of the project site led Mr. Hromanik to express concern that we 


“might not have property on which to build and that placing a corner of the garage along 


with the canopies on land now in the status of Revocable Use Permit was improper. 
Explanation that this site design is in anticipation of the use permit lands being 


| ‘permanently aesigned to the Agency to no avatl, he took & stiff attitude that proof of 


apecific project approval by the Federal Highway Administration was required to 


satisfy NCPC, (Note: The dleprammatic drawings have not been shown to Fairbanks 


Highway Research Station personnel, They have seen the prior scheme with the 
garegea totally on Agency land during negotiations for the 2. 3 acres of use permit 


jand.) He felt Mr, Bartelameyer, Deputy FHWA Administrator, who ts a member of 


NCPC Federal Planning Committee, should be informed of the project details, What 
is really needed bere is for NCPC to understand the facts of the surplus property 


disposal agreements. - 
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5. Mr. Hromanik ts also concerned about the master plan, He claims NCPC 
sasumed the Agency requested an executive session in ordar te show a master plaz 
and cannot understand the necessity for raviewlng the garage in a private hearing. 


6. Hearing Procedures: The meetings of the Federal Projects Subcommittee 
end those of the full Coramission are held ina large conference room with the NCPC 
members seated ina large open U facing display boards, Seating for the public and 
the press ts ta the sides, (See Attachment C, rooin plan.) 


a, The 4 August hearing will consist of a review by the Federal Manning 
and Projecta Committee of the Commigsion for preliminary approval of the 
project and the site location, Procedure for the hearing is in three steps, 

Birst, Mr. Hromanifwill introduce the project by briefing the Cormrntttee on 

the background. Secondly, the Agency will make its presentation and is free 

to utilize GSA representatives and the contract architect as spokesmen, Graphic 
materials are required. Thirdly, Mr, Hromanik will make NCPC staff recom- 
mendations to the Committee. Lest, the Committee will pass judgment on the 
project and approve the project to be heard at the full Commission meeting the 


faliongineg duu : 
ICLIONVINS carr 


b, Full Commission hearings are conducted in the same manner aa outlined 
above for Comunittee hearings. In most cases the Commission accepts recom- 
mendations of the Cormmmittes. 


c. Projected times for the executive sessions are 1030 hours, 4 August, 
and 1500 hours, 5 August. Confirmation of these times will be forthcoming. 


a. Final review and approval of projects are required when the architect 
has finished his ceeign, but before construction bidding, At this time NCPC 
. | - Fequbres subrilssion of the official statement, if required, of the environmental 
: inpact made to the Council on Environmental Quality, Procedures for schedul- _ 
ing and conducting final heartags are the same as previous hearings, ‘The project 
Will probably be ready for final review in February or March 1972. 


7. Environmental Impact Statements: 


‘a, Mr. Hromanik stated that the Intent of recently issued NCPC guidelines 
is to insure only that dotatled environmental information is supplied to NCPC, 
Making such statements to NCPC in no way substitutes for the requirements 
thie Agency has toward the Council on Environmental Quality derived fro 
Executive orders based in the National Environmental Policy Act. 


3 


Approved For Release 2002/11/15 : CIA-RDP86-00244R000100200029-3 


y 


fy 


Approved For Reltaise 2002/1 1/15: CIA-RDP86-00244R0Qg4 00200029-3 


SUBJECT: NCPC Review of Proposed Garage Praject - Headquarters 


b, GSA policy places full responsibility for environmental statements on 
- the agency that wishes to build, If the cHent agency so recuecate, GSA will 
retain & consultant to prepare statements on a fully reimbursable basis tn the 
; manner that they retain AGE ‘s on contract. Determination, if a statement is 
. kequired, is incumbent on the client agency. 
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Staff Architect 
Real Estate and Construction Divisten 


Atts i 


Distribution: 
Orig & 1 - Adse w/atre 
1 - OL/RECD Official w/atts 
1 - OL/RECD Chrono w/o atts 
Ae C/BPS/OL. w/atts 


1 - OL Reader w/o atts 
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NCPC Review of Proposed Garage Project - Headquarters 


Staff Aecties. Real Estate and Construction ST AT 


Division, OL feel | 23 July 197] 


Chief, Real Ustate and 
Construction Division, OL 
906 Ames Center 


Re Para. 7b 


Liaison will be established at an 
appropriate time with the Council on 
Environmental Quality in order to learn 
Acting Director of Logistics what they may wish in the way of an 
1227 Ames Center environmental impact statement, It ig 
, felt that the staterment will not be needed 
until around January or February 1972, 
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